To:  Braun,  Richard[Braun. Richard@epa.gov];  Marilyn  Smith[m. smith@erilc.com];  Sandoval, 

Joni[Sandoval.  Joni@epa.gov] 

Cc:  Matt  Francis[m. francis@erlic.com] 

From:  Way,  Steven 

Sent:  Mon  9/14/2015  10:24:27  PM 

Subject:  RE:  Gold  King  Mine  Release  - HDPE  Pipe  installation  - Consent  Request 


Richard,  thank  you  for  the  rapid  turn  around  on  this  subcontract. 


Steve 


Steven  Way 

Federal  On-Scene  Coordinator 


Emergency  Response  Unit 


US  EPA  - Region  8 


1595  Wynkoop  Street 
Denver,  CO  80202 


Office:  303-312-6723 


From:  Braun,  Richard 
Sent:  Monday,  September  14,  2015  4:17  PM 
To:  Marilyn  Smith;  Way,  Steven;  Sandoval,  Joni 
Cc:  Matt  Francis 

Subject:  RE:  Gold  King  Mine  Release  - HDPE  Pipe  installation  - Consent  Request 


I concur  with  ER’s  proposed  subcontract  to  Canyon  Construction  Company  in  the  amount  of  $ 
249,700.00.  Please  note  that  the  work  covered  by  this  subcontract  is  considered  construction 
and  Davis  Bacon  Act  is  applicable. 
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Richard  Braun 


EPA  Region  8 

Contracting  Officer 

303-312-6380 

braun  .richard@epa.  gov 


From:  Marilyn  Smith  [mailto:m.smith@erllc.com] 

Sent:  Monday,  September  14,  2015  12:35  PM 
To:  Braun,  Richard;  Way,  Steven;  Sandoval,  Joni 
Cc:  Matt  Francis 

Subject:  RE:  Gold  King  Mine  Release  - HDPE  Pipe  installation  - Consent  Request 


Richard: 


ER  is  requesting  consent  for  pipe  installation  at  the  Gold  King  Mine  Release  site  (TO  77)  in  the  amount  of 
$249,700.00  for  Canyon  Construction  Company  dba  Applied  Pipeline  Technologies  (APTec). 


Attached  please  find  the  required  supporting  back-up. 


•□□□□□□□□  Memo  of  Explanation 
•□□□□□□□□  Att.  A.  - Bid  Analysis 


•□□□□□□□□  Att.  B.  - Bid  Data  Received 


•□□□□□□□□  Att.  C.  - Bid  Data  Issued  via  RFP 

• Att.  D.  - Excluded  Parties  Statement  with  Executed  Reps  & Certs 

• Att.  E.  - Purchase  Order  Request 
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Please  feel  free  to  contact  me  should  you  have  any  questions. 


Thanks, 

Marilyn 


From:  Braun,  Richard  [mailto:Braun.Richard@epa.gov1 

Sent:  Monday,  September  14,  2015  10:07  AM 

To:  Way,  Steven  <way . steven@epa. gov>;  Sandoval,  Joni  <Sandova1  .Joni@epa.gov> 
Cc:  Matt  Francis  <m.francis@erllc.com>;  Marilyn  Smith  <m.smith@erllc.com> 

Subject:  RE:  Gold  King  Mine  Release  - HDPE  Pipe  installation 


All, 


I spoke  with  Marilyn  this  morning  and  she  is  waiting  for  some  important  info,  from  the 
contractor.  She  hopes  to  receive  it  and  forward  the  package  for  review  later  today.  When 
received,  I will  make  review  a priority. 


Richard  Braun 
EPA  Region  8 
Contracting  Officer 
303-312-6380 

braun.richard@epa.gov 


From:  Way,  Steven 

Sent:  Friday,  September  1 1,  2015  3:52  PM 
To:  Braun,  Richard;  Sandoval,  Joni 
Cc:  Matt  Francis  (m . fra n ci s@ erl  1 c .corn) 

Subject:  Gold  King  Mine  Release  - FIDPE  Pipe  installation 
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Richard, 


A subcontract  award  is  pending  for  the  HDPE  pipe  needed  to  convey  the  GK  mine  water  to 
Gladstone  area.  The  current  estimate  is  $250K.  The  bidders  (3)  were  reviewed  in  detail  by 
Weston’s  engineers,  EPA  (3  OSCs  ) and  ER,  LLC.  The  best  value  bid  was  selected,  and  when 
all  costs  were  considered  based  on  the  respective  assistance  required  from  the  subcontractor  to 
perform  the  work,  the  costs  were  very  similar. 


It  is  important  that  we  begin  this  work  as  soon  as  possible  given  the  weather  window  that 
remains  onsite  for  this  type  of  work. 


Thank  you  for  your  assistance  in  this  matter. 


Steve 

Steven  Way 

Federal  On-Scene  Coordinator 
Emergency  Response  Unit 
US  EPA  - Region  8 
1595  Wynkoop  Street 
Denver,  CO  80202 

Office:  303-312-6723 
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Confidentiality  Warning:  This  e-mail  and  any  attachments  contain  information  intended  only  for 
the  use  of  the  individual  or  entity  named  above.  If  the  reader  of  this  e-mail  is  not  the  intended 
recipient  or  the  employee  or  agent  responsible  for  delivering  it  to  the  intended  recipient,  any 
dissemination,  publication  or  copying  of  this  e-mail  is  strictly  prohibited.  Although  this  email 
has  been  scanned  for  malware,  the  sender  does  not  accept  any  responsibility  for  any  loss, 
disruption  or  damage  to  your  data  or  computer  system  that  may  occur  while  using  data  contained 
in,  or  transmitted  with,  this  e-mail.  If  you  have  received  this  e-mail  in  error,  please  immediately 
notify  by  return  e-mail.  Thank  you. 
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